BILL NO. په‎ hae i | 
SPECIAL ORDINANCE NO. S- A Š 747 


| AN ORDINANCE approving Change Order 
No. 1, Res. 6083-87, State Blvd. - 
N. Clinton to Spy Run, with Rieth- 
Riley Construction Company, Inc., 
in connection with the Board of 
Public Works and Safety of the 

City of Fort Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 


OF THE CITY OF FORT WAYNE, INDIANA: 





SECTION 1. That Change Order No. 1, Res. 6083-87, State 
"Blvd. - N. Clinton to Spy Run, with Rieth-Riley Construction | 


Company, Inc., in connection with the Board of Public Works and 


Safety, for: 


1 this Change Order is necessary 

to show reflection of quantities 
used on the project and add quanti- 
ties to extend decel lane west 

of Clinton on State Street to speed 
up movement of eastbound traffic. 
Also to add items 35 to 41 to the 
conyract; 


involving a net increase of Five Thousand Eight Hundred Sixty-One 
and 47/100 Dollars ($5,861.47), all as more particularly set 


forth in the specifications, and which is on file with the Office 








of the Board of Public Works and Safety and is by reference incor- 
porated herein, made a part hereof, and is hereby in all things 

1 

ratified, confirmed and approved. 


| 
| 
| 
| 


SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 
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KENNEDY, CITY CERK 
Passed and adopted by the Common Council of the city of Fort | 


Wayne, Indiana, as (AN 
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P" CHANGE ORDER FoR) 
Change Order No. 1 Resolution No. 6083-87 
Project No. 10,453 Board Order No. 131-82 
Name of Project State Blvd. - N. Clinton to Spy Run Date 8/31/87 
Tos Rieth-Riley Construction Co., Inc. 

(Contractor) 
Gentlemens: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item Description of Change Change in Contract Price 
No. | Quantit Unit Price 


SEE ATTACHED SHEET 





Total Decrease 8,255.40 
Total Increase 
i i 
Net (Dreg) (Increase) Contract Price | 5,861.47 
The sum of $ 2,861.47 is hereby (added to) (deductedx&mOm) the total contract 


price, and the final contract price shall be adjusted as follows: 


Original Contract Price g 109,727.30 
Current Contract Price Adjusted by Previous Change Order $ 0 
New Contract Price Including this Change Order $3. 115 982.77 


The time provided for completion in the contract for this project is (unchanged) £inzxeasxseu3 
{degreased by 0 calendar days due to this Change Order. The date for completion 


of all work shall be same . Furthermore, this document shall become an 
amendment to the contract and/all provisions of the contract shall apply hereto. 


UNE 
Mn f 


Approved by: WIN / A 
Z ) = 


Approved 
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Accepted by: 








Change Order No. 1 
Resolution No. 6083-87 
Board Order No. 131-82 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: To show reflection of quantities used on the project and add 


quantities necessary to extend decel lane west of Clinton on State Street to speed up 


movement of eastbound traffic. Also to add items 35 through 41 to the contract. 


Will proposed change alter size of the project? Yes X No 


If yes, explain: 
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Affect on operation and maintenance cost of this project: 












Donald Wiedermeyer, Project Engineer 


سم 























A nh 













OTTI A5 


UN 














1890 

















DIHE 9e 






حسم 79 


111.23 





945 gre 
TAI i 14% 
i E 





21.30 






5809, 1 


2885 75 


7358,04 


"EZ 5c 














ü 
i 430.00 | 




















13; i $1 3 
: i “of د‎ $75). on: 
Soe eur 1230.00 اا‎ = $755.00 ! 
xn erg ice 73 i 
15.  !Tree Reppyal : riui. qe : | 



















Ga Up RIS 
17: iTop Soil : 192 ! 440 به‎ 
1 1421] 148,172 


Pee Aes 





19, iCatch Basin Tyna T (Incl. B; i 4 


hed 





: 
—— — : 
d "un ټی‎ 
! i 


dig 


1 fer 


I Ba! 


i ca 


E 





د د نس 


i 5: 5 


1 5.00 








il: 
1755 1 1 D An 
لال نه‎ | : U,50 ! n 
i Weal: 09 i 829,2 
s , 0 : 2 H 42ih n 
v | H 829.20 1 $810.00. | 
€——— 8 1 : i 


2L, hermoplasti 6" Yello t - 190 ) 
19700 1.01537 د‎ 0.40 | 217.80 


922.20 1 $1,140.00 












































* 
0 
ro 
a 
ra 
- 
pu 

quce 
















































ee 


eee 


e 





: : Admn. ۸00۰ 

TITLE OF ORDINANCE Change Order #1 for Res. 6083-87, State Blvd. - N. Clinton 
: oa ee te زا زيت نن خو‎ 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 


ROOTS EN‏ هشت RE DM TE I Ul TER E oe oer NE EK Su AEE N tii TNO ES‏ ب 


Change Order #1 for Res. 6083-87, State Blvd. - 


Ss an Tics SESS OT RTT DOP Rc PL EEE 





SYNOPSTS OF ORDINANCE 


N. Clinton to Spy Run, is necessary to show reflection of quantities 





used on the project and add quantities to extend decel lane west of 
Clinton on State Street to speed up movement of eastbound traffic. 


Also to add items 35 to 41 to the contract. Rieth-Riley is the Con- 





tractor. Rieth-Riley is the Contractor 





EFFECT OF PASSAGE Show reflection of quantities used & add quantities to 





extend decel lane. 


Ch rw eee 
zi - : ml اا‎ 


EFFECT OF NON-PASSAGE 


می ا سس 





ج 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $5,861.47 


rE ج ا‎ UE OY ا‎ 


ASSIGNED TO COMMITTEE 

















BILL NO. 5594-09-36 
REPORT OF THE COMMITTEE ON PUBLIC WORKS 


WE, YOUR COMMITTEE ON PUBLIC WORKS ; TO WHOM WAS 
REFERRED AN (ORDINANCE) (RESOLUTION . approving Change Order 
No. l1 Res. 6083-87,State Blvd. - Ni ‘Clinton to Spy Run, with 
Rieth-Riley Construction Company, Inc., in connection with the 


Board of Public Works and Safety of the City of ‘Fort Wayne, 


Indiana 


Narr doas HCM MEM CR CDM MM M Mr ta asec Nr ee aa و‎ cuu EMT NUMERO OESTE 
RARE IESU NUN o سا‎ ME که سه سل‎ c MM M E C ټم سو مي‎ P T EUM TUM پر‎ D LUNO E IER 


77د 7 RE QS‏ ا 














HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 









(RESOLUTION) 
YES NO 
i ^.» SAMUEL J. TALARICO 
CHAIRMAN Dy CN NE EDD ET dag eate سو‎ 
«f - 77 7 JANET G. BRADBURY 
} DSF SAY ee Lum c. NAME RC 


ICE CHAIRPERSON 


PAUL M. BURNS 


JAMES S. STIER 


EA. us ur ot E ON CHARLES B. REDD 
E m P oF Se LC dem IN M c A TR OE 
CONCURRED IN رمک مس مر‎ SANDRA E. KENNEDY 


CETY CLERK 


